RG104 E-1 Box 125 Oc 


THE MAXIM BLECTRIC LIGHT AND POWER CO. 


SS GA 6I7 & BIO ARCH STREET, 
NIT E 
WE aon 
ELECTRIC LIGHT 
(7 4p. Lhe 40 
COMPANY Weladelpheia,, Lb, 26 188) 


| Cefpercerter cert» UA Jltwbh Ceéz 
Hee pepily Bo Yoree calecerncr flavor of Yerleccteug, 
SS ELE SP ae 
ED EDL LL EIO hece alates per Lhe Der acee 
rah Dheecle LZve are Leefloreeecd Be cee Me decors 
Bee Set C22 th, dlaclreriery U be uct tis fbozecre, 


Oe U Lhe Arve frriciace, oor Keer 
2 | 


2G ert 

: 

: iS a - eel 
% 





a a. A 
3 . é —_ = wees so 


Jn 
fA 
d 


cos = * “ 


4 eee: —Ac 


Jeni ro 
Sie a 





rie 
a 


g 


qa \ 


ge _— Ok. 


aa 


as. 





G104 E-1 Box 125 Oct-Dec 1881 





; 


| 
2 


NARA RG104, Entry 1, Box 125 


[Abstract:] The foundations & bed plates for the Dynamo Machines are not yet ready... 


The Maxim Electric Light and Power Co. 
617 & 619 Arch Street, 

Philadelphia, 

October 21, 1881 


Col. A. Loudon Snowden 
Superintendent U.S. Mint City 


Dear Sir: 


In reply to your esteemed favor of yesterday. We desire to state that we had no reference 
to the foundations and bed plates of the Engine, but to the foundations and bed plates for the 
Dynamo Machines, which we are informed by our Mr. Sellers are not ready for the Machinery to 
be put in position, these under the contract, are to be built by you, and the work is in the hands of 
the Engineer of the Mint. We beg to refer you to the correspondence you have on this subject. 
We are prepared to go right on with the work, and finish it rapidly whenever the foundations are 
finished and ready to place the machines in position. 


Trusting this explanation is satisfactory, and again expressing our desire to save you any 
annoyance in the matter, we remain, 


Very Truly Yours 
The Maxim Electric Light & Power Co. 
F.M. Nichols, Secty. 


